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Contract No. HF-8141 
Amaninent. Ho. 1 


FEB 12 1959 


Westinghouse Electric Corporation 
Friendship International Airport 
Baltimore 27, Karyland 


Gentlement 


i.e This document constitutes Amendment No. 1 to Contract No. 

(1 between Westinghouse Electric Corporation and the United 
States Government and seid contract is amended as hereinafter set 
forth. 


2 Pursuant to the provisions of PART IV ~ PRICE REDETERMINATION, 
the parties hereto have negotiated and agreed upon a final contract 
price for all services heretefore furnished and hereafter to be 
furnished. As a result of said agreement, PART II «- a aa AND 
PAYMENT, is amended by adding the following new Paragraph f 


"f, PINAL CORTRACT PRICE. The total contract price for the 

services called for unier thia contract, which were subject to rede- 
25X1A termination, is Full payment of said price is subject to 
the provisions se above. However, said price dous not 
contemplate any overseas services. In the event such services are 
required, an equitable adjustuent in the contract price shall be made. 
Such adjustment shall be determined by negotiation between the parties. 
In the event the parties fail to agree to euch adjustment, the failure 
to agree shall be deemed to be a disagreement as to a question of fact 
which shall be disposed of in accordance with the clause horeof 
o5X1A entitled "Disputes", 


4. Paragraph (b) of PART I ~ SERVICES TO BE FURNISHED ts amended 
by deleting the words "and overseas shall. not exceed three (3) sire 
craft monthe." appearing in the last sentence thereof. 


5. All other terms, conditions and requirements of the contract 
remain unchanged. 
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| 6 Please indie:te your receipt of this Amendment Ho. 1 to 
Contract No. HF-~814) and your acceptance thereof by executing the 
original and two copies of the amendsant, Return the executed 
original and one copy thereef to the umiersigned and retain the 
remaining copy fer your flee. 


25X1A 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
WESTINGHOUSE FLECTRIG CORPORATION 
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TITLE, Vice President 
DATE 3/2/ 22 
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